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Amtrak 

Engineering Philadelphia 
to Washington Line 
SOGR 5 Year Plan 


PW Line MP 0-136 
NYP Line MP 56.7 -— 87.7 


Including all segments operated by Septa along NEC 


BCC Segments 

13: MP 56.7 — 58.3 Amtrak/Septa 

14: MP 58.3 — 77.2 Amtrak/Septa 

15: MP 77.2 — 82.1 Amtrak/Septa 

16: MP 82.1 — 87.7 Amtrak/Septa/NJT 
17: MP 87.7 — 1.5 Amtrak/Septa/NJT 
18: MP 1.5 — 2.7 Amtrak 

19: MP 2.7- 17.1 Amtrak/Septa 

20: MP 17.1 — 51.0 Amtrak/DTC 

21: MP 51.0 — 59.4 Amtrak 

22: MP 59.4 — 135.0 Amtrak/MARC 
23: MP 135.0 — 136.0 Amtrak/MARK/VRE 


Track Chart Key 


The geographically specific Five-Year Plans contained herein were 
developed by Amtrak Engineering with input from internal and 
external stakeholders based on the information readily available 
related to scope, schedule, budget, manpower and equipment 
availability, as well as current condition of the infrastructure. 


These plans are subject to change at the sole discretion of Amtrak. 
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Sub Division| Sponsor Task Name pe ne oa 7 - Resource Names 

Washington Cas Washington Terminal Air to Electric Conversion - Multiple Houses 36 136 A Gas coneucion 
Required 

Washington | Construction First Street Tunnel 36 137 |2ab2oee Contractor, Protection 
Washington Track WUS Terminal Zero Defects 135.7 | 135.7 23 SES2 
Washington Construction H Street Bridge 135.6 2 22523) Contractor, Protection 
Washington Track Washington Union Station Wood Ties Terminal | 135.2 | 136.8 Z192 
Washington C&S K Tower Project (CTC) 35 C&S Construction 
Washington ET Substation 25A Relocation 35 ET 
Washington C&S Wye Bridge Control system 134.3 C&S Construction 
Washington BB WAS Track 22 Rehabilitation 22 34 134 Contractor, Protection 
Washington C&S DC to WIL Fiber Install 34 26.6 238 C&S Construction 
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ida Track MP MP Fiscal 
Sub Division] Sponsor Task Name 00s Start | End Year Resource Names 
Washington Track WUS Terminal Zero Defects 135.7 | 135.7 2a SES2 
Baltimore C&S Landover to CP Ave 562 Construction 128.6 134 22 C&S Construction 
Baltimore C&S Landover to CP Ave Fiber Install 128.6 134 22 C&S Construction 
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Sub Division | Sponsor Task Name oos Start | End Vear Resource Names 
Baltimore Track Landover #23 and #32 XO’s Timber Replacements INRL 129.1 Z192 
Baltimore Track Landover Interlocking Install 128.61 | 128.61 SES2 
Baltimore C&S Landover to CP Ave 562 Construction 128.6 134 22 C&S Construction 
Baltimore C&S Landover to CP Ave Fiber Install 128.6 134 22 C&S Construction 
Baltimore C&S Landover to Grove Clear Block - Construction 128.6 | 112.1 73} C&S Construction 
Baltimore C&S Landover Air to Electric Conversion 128.6 | 128.6 C&S Construction 
Baltimore Construction New Hanson Interlocking Project 128 Protection 
Baltimore Station New Carrollton NGHSR 1 127.24 | 128.61 Contractor, Protection 
Baltimore Track Bowie to Carroll - TK 2 UNDR 2 120.5 127 Undercutter 
Baltimore C&S Bowie to Landover 562 Construction 120.2 128.6 C&S Construction 
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Sub Division | Sponsor Task Name ne bind ee Resource Names 
Baltimore Track Bowie to Carroll - TK 2 TLS 2 120.5 127 24 TLS 
Baltimore Track Bowie to Carroll - TK 3 TLS 3 120.5 127 24 TLS 
Baltimore Track Bowie to Carroll - TK 2 UNDR 2 120.5 127 Undercutter 
Baltimore C&S Bowie to Landover 562 Construction 120.2 28.6 C&S Construction 
Perryville Track Odenton Yard Install 113 133 ITS 
Baltimore Track Grove to Bowie - TK 2 TLS 2 112.4 20.5 24 TLS 
Baltimore Track Grove to Bowie - TK 3 TLS 3 112.4 20.5 24 TLS 
Baltimore Track Grove to Bowie - TK 2 UNDR 2 112.4 20.5 24 Undercutter 
Baltimore C&S Grove to Bowie 562 Construction 112.1 20.2 me C&S Construction 
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Sub Division] Sponsor Task Name oos Start | End | Year Resource Names __|[Turnouts/Sidings 


Baltimore Track Grove to Bowie - TK 2 TLS 2 112.4 | 120.5 24 TLS 
Baltimore Track Grove to Bowie - TK 3 TLS 3 112.4 | 120.5 24 TLS 
Baltimore Track Grove to Bowie - TK 2 UNDR 2 112.4 | 120.5 24 Undercutter 
Baltimore C&S Grove to Bowie 562 Construction 112.1 | 120.2 | C&S Construction 
Track MP 104 to Grove - TK 2 TLS 104 112.4 24 TLS 
Baltimore Track MP 104.0 to Bridge TK 2 UNDR 2 104 98.2 24 Undercutter (deferred) 
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Sub Division| Sponsor Task Name 00s Start | End | Year Resource Names __|Turnouts/Sidings 

Track MP 104 to Grove - TK 2 TLS 104 112.4 24 TLS 

Baltimore Track MP 104.0 to Bridge TK 2 UNDR 2 104 98.2 24 Undercutter (deferred) 

Baltimore B&P Winans to Bridge - TK A TLS A 103.21 | 98.23 23 TLS 

Baltimore B&P Winans to Bridge - TK AUNDR A 103.21 | 98.23 24 Undercutter 

Baltimore C&S Winans to Grove Fiber Install 103.2 | 112.1 22 C&S Construction 

Baltimore C&S Winans to Grove 562 - Construction 103.2 | 112.1 24 C&S Construction 
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Sub Division] Sponsor Task Name — bid “s : —o Resource Names \Turnouts/Sidings 
Baltimore Fulton Interlocking Install 97.5 97.5 SES2 23XO, 32XO 
Baltimore C&S Fulton Air to Electric Conversion - House Required 97.4 97.4 C&S Construction 
Baltimore B&P B&P Tunnel Block Ties 2 97 Contractor, Protection 
Baltimore Construction Baltimore NGHSR Project 1,3;,F 95.9 95.2 Contractor, Protection 
Baltimore ET B&P Signal Power Cable - Tunnel Bracket Replacement 95.9 97.7 ET 
Baltimore Track Baltimore Station Timber Replacement 4 95.5 Z192 
Baltimore Track Paul Interlocking Install 95.2 95.2 ITS I61A TO, 61B TO 
Baltimore C&S Paul Air to Electric Conversion - House Required 95.2 95.2 22 C&S Construction 
Baltimore Paul Interlocking Install Part 2 95.2 95.2 22 ITS a, 8710; 76X0; 3610, 
Baltimore Biddle Interlocking Install 94.3 94.3 22) ITS 12XO, 19TO, 14TO, 23xXO0 
Bay Interlocking Install 91.73 17 TO, 91 XO, 69 TO 
Baltimore C&S Bay Air to Electric Conversion 91.7 91.7 C&S Construction 
Baltimore Point Interlocking Install 90.1 90.1 SES2 32XO, 21XO, 71TO 
Baltimore C&S Point to Biddle 562 Clear Block - Construction 89.9 94 23} C&S Construction 
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aren Track MP MP Fiscal sae 
Sub Division Sponsor Task Name 00s Start End Year Resource Names Turnouts/Sidings 
Baltimore Point Interlocking Install 90.1 90.1 SES2 32XO, 21XO, 71TO 
Baltimore C&S Point to Biddle 562 Clear Block - Construction 89.9 94 C&S Construction 
Baltimore C&S Point Air to Electric Conversion - House Required 89.9 89.9 C&S Construction 
Baltimore River Interlocking Install 89.13 | 89.67 23 SES2 19KO, 91XO, 23X0, 12X0, 
89B, 79B 
Baltimore C&S River Air to Electric Conversion - House Required 89.1 89.1 23 C&S Construction 
Baltimore Track Gunpow to River - TK 3 UNDR 3 79.73 | 89.13 23 Undercutter 
Baltimore Track Gunpow to River - TK 3 TLS 3 IQ: 89.3 PS) TLS 
Baltimore C&S Magnolia to River Clear Block - Construction 76.8 89.1 22 C&S Construction 
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Sub Division| Sponsor Task Name _ ie pe Resource Names __|Turnouts/Sidings 
Baltimore Track Gunpow to River - TK 3 UNDR 3 79.73 | 89.13 23 Undercutter 
Baltimore Track Gunpow to River - TK 3 TLS 3 79.3 89.3 23 TLS 
Baltimore Track Gunpow Interlocking Install 79.3 79.3 a SES 123 XO 
Baltimore C&S Magnolia to River Clear Block - Construction 76.8 89.1 22 C&S Construction 
Perryville Track Wood to Magnolia - TK 3 TLS 3 75.3 76.9 22 TLS 
Perryville Track Bush to Wood - TK 3 TLS 3 71.6 75.3 22 TLS 
Perryville C&S Bush to Magnolia Clear Block - Construction 71.4 76.8 | C&S Construction 
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Sub Division} Sponsor Task Name bia aud ? si Resource Names __|Turnouts/Sidings 
Perryville Track Bush to Wood - TK 3 TLS 3 71.6 75.3 22 TLS 
Perryville C&S Bush to Magnolia Clear Block - Construction 71.4 76.8 a C&S Construction 
Pereyvine Stations Aberdeen Station 65.68 | 65.68 23 Contractor 
Perryville Track Oak to Bush - TK 4 TLS 4 63.1 | 71.45 22 TLS Aberdeen 
Perryville Track Oak to Bush - TK 2 UNDR 2 63.1 | 71.45 Undercutter Aberdeen 
Perryville Track Oak to Bush - TK 3 UNDR 3 63.1 | 71.45 Undercutter MP 68.3 
Perryville Track Oak to Bush - TK 4 UNDR 4 63.1 | 71.45 22) Undercutter 
Perryville C&S Oak to Bush 562 Upgrades - Construction 62.7 71.4 re] C&S Construction 
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Carers Track MP MP | Fiscal _ 
Sub Division} Sponsor Task Name oos Start | End | Year Resource Names __|[Turnouts/Sidings 


Perryville Track Oak to Bush - TK 4 TLS 4 63.1 | 71.45 22 TLS [Aberdeen 
Perryville Track Oak to Bush - TK 2 UNDR 2 63.1 | 71.45 Undercutter Aberdeen 
Perryville Track Oak to Bush - TK 3 UNDR 3 63.1 | 71.45 Undercutter MP 68.3 
Perryville Track Oak to Bush - TK 4 UNDR 4 63.1 | 71.45 Undercutter 


Perryville C&S Oak to Bush 562 Upgrades - Construction 62.7 71.4 C&S Construction 


22) 

Perryville Track Grace to Oak - TK 4 UNDR 4 61.73 | 62.76 23 Undercutter 
23, 
23, 


Perryville Track Grace to Oak - TK 4 TLS 4 61.73 | 62.76 TLS 

Perryville Track Grace Interlocking Install 61.32 | 61.32 SES 32XO, 33XO 
Perryville Track Perry to Grace - TK 3 TLS 3 59.74 | 61.32 TLS, 

Perryville Track Perry to Grace - TK 3 UNDR 3 59.74 | 61.32 23 Undercutter 

Perryville Track Perry Interlocking Install 59.5 59.5 SES 123XO, 34TO, 48TO 
Perryville Track Prince to Perry - TK 3 TLS 3 57.6 | 59.01 23 TLS 

Perryville Track Prince to Perry - TK 2 UNDR 2 57.6 | 59.01 23 Undercutter 

Perryville Track Prince to Perry - TK 3 UNDR 3 57.6 | 59.01 23 Undercutter 

Perryville Track Prince to Perry Wood Ties Tk 4 4 57.3 59.5 Z192 

Perryville Track Prince to Perry Wood Tie Tk 1 1 57.3 59.5 Z192 

Perryville Track Bacon to Prince - TK 3 TLS 3 50.9 57.6 22) TLS 


Perryville Track Bacon to Prince - TK 3 UNDR 3 50.9 57.6 22 Undercutter 
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Sub Division| Sponsor Task Name pes tia te ; sees Resource Names __|Turnouts/Sidings 
Perryville Track Bacon to Prince - TK 3 TLS 3 50.9 57.6 22 TLS 
Perryville Track Bacon to Prince - TK 3 UNDR 3 50.9 57.6 22 Undercutter 
Perryville Track Davis to Bacon - TK 3 TLS 3 38.96 | 50.71 TLS 
Perryville Track Davis to Bacon - TK 1 UNDR 1 38.4 50.9 Undercutter N Red Mill IN TRK 45.5 
Perryville Track Davis to Bacon - TK 3 UNDR 3 38.4 50.9 25) Undercutter (deferred) 
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Sub Division] Sponsor Task Name oos Start | End | Year Resource Names _|[Turnouts/Sidings 


Perryville Track Davis to Bacon - TK 3 TLS 3 38.96 | 50.71 TLS 

Perryville Track Davis to Bacon - TK 1 UNDR 1 38.4 50.9 Undercutter N Red Mill IN TRK 45.5 
Perryville Track Davis to Bacon - TK 3 UNDR 3 38.4 50.9 Undercutter (deferred) 

Perryville NRTC College Interlocking Install 38.4 38.4 SES 

Perryville NRTC Davis Interlocking Install 38.4 38.4 SES 

Perryville C&S Davis to Bacon 562 Clear Block 38.2 50.7 C&S Construction 

Perryville Track Ragan to Davis - TK 3 TLS 3 30.01 } 38.3 TLS MP 31.5, 35.8, 37.4 
Perryville Track Ragan to Davis - TK 1 UNDR 1 29.7 38.4 Undercutter 


Perryville Track Ragan to Davis - TK 3 UNDR 3 29.7 38.4 Undercutter (deferred) |MP 31.5, 35.8, 37.4 


Perryville C&S Ragan to Davis 562 Clear Block 29.6 38.2 C&S Construction 
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Sub Division| Sponsor Task Name pas aa . f — Resource Names __|[Turnouts/Sidings 
Perryville Track Ragan to Davis - TK 3 TLS 3 30.01 | 38.3 TLS MP 31.5, 35.8, 37.4 
Perryville Track Ragan to Davis - TK 1 UNDR 1 29.7 38.4 Undercutter 
Perryville Track Ragan to Davis - TK 3 UNDR 3 29.7 38.4 Undercutter (deferred) |MP 31.5, 35.8, 37.4 
Perryville C&S Ragan to Davis 562 Clear Block 29.6 38.2 C&S Construction 
Perryville Track Brandy Interlocking Install 26.93 | 26.93 24 SES 12XO 
Perryville Track Landlith Interlocking Install 25.4 25.4 24 SES 123XO, 32XO, 21XO, 19TO, 9TO 
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Sub Division] Sponsor Task Name oos Start | End | Year Resource Names __|[Turnouts/Sidings 
Wilmington Track Bell to Holly Wood Tie Replacement Ftl 22.5 20.3 Z192 
Wilmington Track Bell to Holly Wood Tie Replacement Ft 2 22.5 20.3 Z192 
Stations Claymont, DE New Station High Level Platforms and Overpass 19.62 | 19.62 ET, Protection 
Philadelphia Track Hook Interlocking Install 16.59 | 16.94 SES 189 TO, 91 XO FY 21, 32XO, 23XO 
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Sub Division] Sponsor Task Name pany He ba 7 ose Resource Names __|Turnouts/Sidings 
Philadelphia Track Hook Interlocking Install 16.59 | 16.94 SES 189 TO, 91 XO FY 21, 32XO, 23XO 
Wilmington Track Hook to Baldwin Ride Quality TK 4 4 16.59 | 11.71 Undercutter 
Wilmington Track Hook to Baldwin Ride Quality TK 1 1 16.59 | 11.71 Undercutter 
Wilmington Track Hook to Baldwin Ride Quality TK 2 2 16.59 | 11.71 22 Undercutter 
Wilmington Track Hook to Baldwin Ride Quality Tk 3 3 16.59 | 11.71 22: Undercutter 
Wilmington Track Hook to Baldwin Ride Quality TK 2 2 16.59 | 11.71 23 Undercutter 
Wilmington Track Hook to Baldwin Ride Quality Tk 3 3 16.59 | 11.71 23 Undercutter 
Wilmington Track Hook to Baldwin Ride Quality TK 1 1 16.59 | 11.71 24 Undercutter 
Wilmington Track Hook to Baldwin Ride Quality TK 4 4 16.59 | 11.71 24 Undercutter 
Wilmington BB Concord Ave Track 1 Bridge Timber Replacement MP 13.83 1 13.83 BB Production 
Wilmington BB Barclay Street Track 1 Bridge Timber Replacement MP 13.79 1 13.79 BB Production 
Wilmington BB Welsh St Track 3 Bridge Timber Replacement MP 13.42 3 13.42 | 13.42 BB Production 
Wilmington ET Baldwin to Bell SAP Installation 11.7 22.5 ET 
Wilmington Track Baldwin Interlocking Install 11.7 11.7 23 SES2 12XO, 23X0, 34X0 
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Sub Division| Sponsor Task Name Hen bie : ia Resource Names __|[Turnouts/Sidings 
Philadelphia Track Phil Interlocking Install 3.35 3.88 23 SES2 I45XO, 54X0O, S45XO 
Philadelphia C&S Phil Interlocking Control System Renewal 3.3 C&S Construction 
Philadelphia C&S Penn Interlocking Control System Renewal 14 (0) C&S Construction 
Philadelphia BB 30th Street Station Block Ties Track 8 8 1.24 1.38 BB Production 
Philadelphia BB 30th Street Station Block Ties TK TBD TBD 1.24 1.38 22) BB Production 
Philadelphia BB 30th Street Station Block Ties TK TBD TBD 1.24 1.38 28} BB Production 
Philadelphia BB 30th Street Station Block Ties TK TBD TBD 1.24 1.38 24 BB Production 
Philadelphia BB 30th Street Station Block Ties Track 10 10 1.23 | 138 [2] BB Production 
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Adams Track Girard Tunnel - 1600 87.85 [2] TLS, Clipping Gang 
Philadelphia Track Girard Interlocking Install 87.7 87.7 23) SES 12XO, 21X0, W32XO 
Philadelphia Track Mantua/JO Timber Replacement INRL 87.5 [2] Z192 
Philadelphia Track Mantua Interlocking Install 87.2 87.2 22) SES 23X0,32XO, E21 XO 
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Philadelphia Track Lehigh to Mantua - TK 1 UNDR 1 85.45 | 87.11 Undercutter 
Philadelphia Track Lehigh to Mantua - TK 4 UNDR 4 85.45 | 87.11 Undercutter 
Philadelphia Track Lehigh Interlocking Install 85.1 85.1 SES 44TO, 45XO, W45TO, 12XO, 23X0, 34XO 
Philadelphia C&S Holmes Switch House Air to Electric Conversion 78 22) C&S Construction 
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Adams Track Grundy Interlocking Install 65.3 65.3 23) SES 12X0, 34XO, 91XO 
Adams C&S Grundy Switch House Air to Electric Conversion 64.9 64.9 23 C&S Construction 


Ar RAT RA IC 


a =— Engineering Philadelphia to Washington SOGR 5 Year Plan 


58 57 56 55 
MORRIS FAIR HAM 


PAS NI 
58.3 STATE LINE 56.4 55.7 
PERCE: oes cies CETC-7 CETC-7 


on 


Guys 
TAS Ow 
un 


LEVITTOWN 
SEPTA 
63.3 AMTRAK NYP LINE { 
[=a] (SEPTA TRENTON LINE) 
4 
, @siw) 
3 
261) 
a) 
2 
(261) 
i—_____— 
o (261) 


Sub Division] Sponsor Task Name Track OOS oe Z ie Resource Names Turnouts/Sidings 
Adams Track Fair Interlocking Tie Replacement cae : 56.4 Z192 
Adams Track West Fair to Ham Concrete Tie Renewal 4 56.4 TLS 
Adams Track Fair Interlocking Renewal North Low | 56.4 Contractor, Protection 
Adams Track Fair Interlocking Removal 86XO Install North Low | 56.4 SES 86XO 
Adams C&S Ham Interlocking Control System Renewal 55.4 C&S Construction 
Adams Track Ham Interlocking Install 54.8 SES 61TO, 43XO, 32XO 
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Philadelphia to 


Harrisburg Line 
SOGR 5 Year Plan 


PH Line MP O- 104.6 


BCC Segments 

28: MP 0.0 — 1.5 Amtrak 

29: MP 2.3 — 35.3 Amtrak/Septa 
30: MP 35.3 — 104.6 Amtrak 
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FY 23 


21 
22 
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30” Street Station PH MP 0-1 


SEPTA MAIN LINE 


WALNUT WEST KAY 38™ STREET 
1.40 e 
SEPTA-6 


SEPTA 
POWELTON YARD 


feo 206 HE 238) TNH 1173 


30” Street Station 


| Facilities | Penn Coach Yard - High Mast Lighting Es 
fron [meee | + | de 
EMCS Department) 
— nT | 
Sand Tower 


el 

Retire bridge & install new structure 

fettien | _Pann Geach tard Waldng Trang fesity _{_{___ | Fv2a-25f 
[| PennfoachYard-YardPaving = | | |v] 

ae — Rae eee — | | 

[BB &Track | New York-Pittsburgh Subway Drainagelmprovements | = |_| 2.72 | FY2z2 | 

| Track | — ZooInterlockingInstall—Replaceinkind =| | 2 | | FY28 | 7570, 79X0,81 TO] 
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JO, STILES, VALLEY, OVERBROOK PH MP 1.9- 60 


n 


WOODBINE 
= iF 
R-Z0O 
MERION OVERBROOK 


iol =) 
562 CONSTRUCTION TO BRYN MAWR 


INTERLOCKING OVERBROOK VALLEY 
CONTROL oe 4 4.0 
RENEWAL R-OVERBROOK 


a a a 


| Track | 10 Interlocking Timber Replacement 2 
| Track | JO Interlocking Install 


135 XO, 14140, 
Ditters | | is | ts [mm | Trareaeno 


| BB |) CCC IntterlochingFencing =——(“s(<éS$§S| | a | | voz | t—“‘;(‘CS:CisS 
| ET | ZeotoPaoliCatenaryStructureReplacement | 14,294 | 19 | 191 | 
[See eel | [mel 
0/2 Through Freight) 
| BB | tC‘ #CZO@RetwiningWall = (“‘#éSaswsiés|s«C OU 2 | os | 9 | vas |i“ ststs—‘CSCidz 
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2 Throughto 4EJ) Track Connectio 


Stiles Interlocking Install 
Valley Interlocking Install 


Overbrook Interlocking to Bryn Mawr Interlocking 
ABS Cable Renewal 


Overbrook Interlocking Install 
Overbrook Interlocking Install 


Overbrook Interlacking Contral Renevral 
Overbrook te 16 562 


a ee 
ee ee 
ee ee 
ee = 
ee -? e 
| sw | 


F¥ 22 1740, 9 XO, 11X60, 1940 


[Tv 
an aT 
cas | 
—s 
raet 
a 
aa 
eet 
| as | 
cas 


Ar RAT RA IC 


——f Engineering Philadelphia to Harrisburg SOGR 5 Year Plan BCC29 


BRYN MAWR PH MP 7.0 -—12.0 


12 11 10 5 8 
BRYN MAWR 
10.1 
R-PAOLI 
BRYN MAWR HAVERFORD WYNNEWOOD 
10.1 91 BS 
= [= 
(251 
3 
(261) 
2 
(251e) 
1 
(251E) (251e) 
_) (| |__| BS | S 


562 CONSTRUCTION BRYN MAWR TO PAOLI 


NARBERTH 
68 


562 CONSTRUCTION BRYN MAWR TO OVERBROOK 


Discipline Task Name Track Start MP MP End Fiscal Year 
PennDOT N. Narbeth Avenue Bridge Reconstruction 6.77 FY 23 
Station Ardmore Station Renewal 8.5 
ET Bryn Mawr Substation Replacement 10.1 10.1 
C&S Bryn Mawr RTU Replacement 10.1 10.1 FY 23 
C&S Bryn Mawr to Overbrook 562 10.1 5.4 FY 25-26 
BB Replace Rosemont Bridge Superstructure 11.6 FY 22 
Station Villanova Station Renewal 12 FY 22 
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PAOL!I PH MP 13.0 — 22.0 


22 21 18 17 16 15 14 13 
AMTRAK PH LINE 
(SEPTA PAOLI / THORNDALE LINE) 
ADA ADA ADA ADA 
MALVERN DAYLESFORD BERWYN DEVON STRAFFORD WAYNE ST DAVIDS RADNOR 
18.6 175 16.5 15.4 145 13.8 13.0 


21.6 


(2siw} 


562 CONSTRUCTION PAOLI TO BRYN MAWR 


* Please look at Paoli proposed schematic on the next page. 


Discipline Task Name Track | Start MP | MP End |Fiscal Year} Turnouts/Notes 
BB Chamounix Road Undergrade Bridge Rehab 13.8 
SEPTA Devon Station MP 16.49 Pedestrian Underpass 16.49 
BB MP 16.94 Arch bridge install liner/pipe and grout 16.94 
ET Paoli West ET Catenary Installation 19.1 19.1 
Track Paoli West Interlocking Removal * 19.1 19.1 ee be i AD 
C&S Paoli Air to Electric Switches 15 19.1 
Track Paoli West Interlocking Install Renewal * 19.1 19.1 ve a a e 
Track Paoli 2 Track Main Stub to 15 MPH 19,1 19.1 
C&S Paoli to Zoo Fiber Upgrades 19.1 19 |FY22-—24 
C&S Paoli Interlocking Control Renewal 19,1 19.1 FY 23 
C&S Paoli to Bryn Mawr 562 19.1 10.1 | FY 24-25 
ET Paoli to Bryn Mawr New Catenary 1,234 | 19.1 | 101 |aeemeemm 202 Workmustbe 
predecessor 
Track Paoli East Drainage/Ditching Improvements 19 FY 22 
PennDOT Darby Road Bridge Renewal (N. Valley Road) 19.86 FY 23-25 
Piggyback rail 
Track Malvern Curve Low Rail Replacement 1,4 21.6 FY 23 | replacement with 
bridge repairs 
BB Malvern Bridge Repairs 22.85 FY 23 
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PAOLI INTERLOCKING PROPOSED SCHEMATIC 


"PAOLI" 


~— HARRISBURG (MP 19.9 ) 
30905090407 4 770707040 
<r arom 3 FOTO TO 70a 
2 2 F7070 7040 
90-50-90-90.50! 1 77070-7040 
PHILADELPHIA —~ 


ALL TRACKS ELECTRIFIED UNLESS OTHERWISE NOTED, 
All work scheduled for summer FY 21 
a Pending FRA approval 


ws NEW CONSTRUCTION 


——__ __ power switcu 
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GLEN, FRAZER PH MP 23.0 — 31.0 


ADA f 
f SEPTA 
WHITFORE: EON naw of FRAZERYARD 


— NS CHESTER VALLEY 
RUNIGNG TRACK 28.3 28 wet A 
/ sTorGe OAS)" 
[== D / TRA ee 


4—— s—— 
f2saw) 100 (saw) 
OL | 


—! 
(2530) 


1 
(251E} 


Discipline Task Name Track | Start MP) MP End | Fiscal Year | Turnouts/Comments 
ET Frazer Sub 64 Breaker Replacement 23.7 
C&S High Signal Replacement MP 23.9 - 35 23.9 35 
; 64X0, 81TO, 
Track Frazer Interlocking Install 23.9 23.9 48 TO 
BB Frazer Bridge Rehab 23.99 
Track Glen to Thorn New Rail 2 25.3 35 
Track Glen to Thorn Wood Tie Replacement 2 25.2 34.7 Rew te EERE: 
Continuous outage 
Track Glen Interlocking Install 25.3 25,3 99X0, 103TO 
PennDOT Boot Road Bridge Reconstruction 30.29 ET Work Required 
Track Rail Renewal MP 30.5 - Downs 1 30.5 32 
Track East Downingtown Drainage Improvements 30.5 32 
C&S Downs to Paoli 562 31 19,1 


——f Engineering Philadelphia to Harrisburg SOGR 5 Year Plan SCE 4) 


DOWNS, THORN, CALN PH MP 32.0 — 39.0 & 30 


39 36 35 33 32 
THORN DOWNS 
35.0 32.1 
R-THORN 


THORNDALE DOWNINGTOWN _ 


** Please look at Thorn proposed schematic on the next page. 


Discipline Task Name Track | StartMP | MP End |Fiscal Year Turnouts 
Track Removal Chester Valley Running Track Turnout 31 sil FY 23 75B 
Track Downs Interlocking Install 32.1 32.1 FY 23 71TO, 69TO 
Track Rail Renewal Downs to Park 4 32 44.5 FY 23 
Facilities Demolition of Downingtown Club House/Office Building 32.4 FY 23 

C&S Thorn to Downs 562 35 31 

Ey Thorn Interlocking Hardware Renewal 35 
C&S RTU Install Downs, Glen, Frazer 35 23.9 
C&S Thorn Interlocking Control Renewal 35 35 
C&S Thorn Air to Electric Switches 35 

A5ATO, A9ATO, S5ATO, 
Track Thorn Interlocking Removal ** 35 35 S5BTO, 61BTO, 57ATO, 
51BTO 
: ASBTO, 47XO, 49B 

Track Thorn Interlocking Install ** 35 35 FY 22 TO, 51A TO 
Track Thorn to Parkesburg Wood Tie Replacement 4 35.2 44 
Track Thorn to Parkesburg Wood Tie Replacement L 35.2 44 

ET Thorndale Contact Wire Replacement 35.3 

C&S Caln Interlocking Control Renewal 36.6 36.6 FY 20 

BB Replace Coatesville Bridge Superstructure MP 37.54 37.54 FY 22 
Track | Coastesville Tangent Track Panels Install - Lukens Graham * 38.4 38.4 
Track Coatesville Interlocking Install * 38.4 38.4 FY 22 2 turnouts #20, 

Station Coatesville Station Renewal * 38.8 


*pending FRA approval 
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THORN INTERLOCKING PROPOSED SCHEMATIC 


90-90-90-90-50 


THORN YARD 


10-10-10-10-10 


15-15-15-15-10 


ee ee ee ee 


—=— TO HARRISBURG 


EXISTING 


es NEW CONSTRUCTION 
REPLACE IN KIND 
POWER SWITCH 
[| INTERLOCKING LIMITS 
Lo = 


"TH ORN" TO PHILADELPHIA —= 
(MP 35.0) 


All work scheduled for fall FY 21-22 
Pending FRA approval 
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PARK PH MP 40.0 — 47.0 


47 46 45 Ag 43 42 41 40 


PARK 
46.30 


KEEN & SON 
HEATING 


4721 


PARKESBURG IND TRK 


Discipline Task Name Start MP 
Rail Renewal Downs to Park 32 
Track Thorn to Parkesburg Wood Tie Replacement 4 35.2 44 
Track Thorn to Parkesburg Wocd Tie Replacement 1 35.2 44 
BB Oak Street Undergrade Bridge Rehab 42.4 
BB Parkesburg MP 43.67 Point Abutments and Replace Wingwall 43.67 
C&S Park to Thorn 562 Install 43.9 35 
PennDOT West Bridge Street Reconstruction 44,4 
ET Parkesburg Sub 66 Battery Charger Replacement 44,7 
BB Belmont Road MP 45.88 Bridge Rehab 45.88 
BB Lenover, PA Culvert Replacement 45.88 
Track Park Interlocking 2,216’ Turnback Pocket * 46.3 FY 23 


*C&S to confirm scope from SEPTA & determine equated distance 
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LEAMAN PH MP 48.0 — 58.0 


Project Number Discipline Task Name Start MP MP End _ | Fiscal Year 


C.EN.101828 Track Christiana Rock Cut Stabilization FY 22 
C.EN.101826 BB Kinzer Bridge Rehab 53.65 FY 23 
C.EN.101828 Track Drainage Improvements in cut section AH-55 54.5 55.7 FY 23 
C.EN.101826 BB Leaman Bridge Rehab | | 56.37 FY 23 
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HOLLAND PH MP 59.0 — 66.0 
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LITITZ, CORK, CONESTOGA PH MP 67.0 — 77.0 


& 
77 76 75 74 73 72 «#4 71 70 69 68 67 
ge LITITZ CORK CONESTOGA 
: 70.1 68.1 67.7 
< 


NS 
COLUMBIA SECONDARY 


LIND TRACK 


LEWIS YARD 
(LANCASTER) 


Discipline Task Name Track Start MP 
C&S Cork & Conestoga Switch Machine Renewal 68.1 67.7 
Facilities Lancaster C&S Building Water Supply 68.5 
Track Cork to State Track 1 TLS 1 68.5 104. FY 24-25 


Track 


Cork to State Track 2 TLS 


2 68.5 


104 


FY 24-25 


PennDOT 


State Road Bridge Replacement 


FY 22 
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RHEEMS PH MP 78.0 — 84.0 


84 83 32 31 80 79 73 


RHEEMS 
83.4 


FLORIN Ow MT XY PENNFIELD 
LUMBER RE 33 
214 


/ i / 
WENGER WOLGEMUTH SNAVELY ESBENSHADE 
FEED FEED LUMBER FEED 
33.96 LOE 75.29 77.79 


PennDOT Holland Street Bridge Reconstruction 78.18 FY 23 
Track Mount Joy Drainage ImprovementsAH-80 79 81 FY 24-25 
BB Mount Joy Fencing 80.1 80.1 FY 22 
Track Rheems to Roy Wood Tie Replacement al 83.6 94.2 
Track Rheems to Roy Wood Tie Replacement 2 83.6 94.2 
Track Cork to State Track 1 TLS 1 68.5 104 FY 24-25 
Track Cork to State Track 2 TLS 2 68.5 104 FY 24-25 
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ROY PH MP 85.0 — 96.0 


96 95 94 93 92 91 90 89 88 87 86 85 
ROY 
94.3 a 
CONEWAGO ELIZABETHTOWN 


IND TRACK 86.80 


MLM MARS 
\ 86.67 


Discipline Task Name Fiscal Year 


Track Rheems to Roy Wood Tie Replacement 
Track Rheems to Roy Wood Tie Replacement 2 83.6 94,2 
Track RBED AH-85 2trk Rock Cut Remediation 2 84.8 85.3 FY 24-25 
BB Conewago Bridge Rehab 91.76 EY 23 
Track Rock Cut Remediation 2 93.3 93.6 FY 24-25 
Station Middletown Station 2 94.3 104.6 
ET Royalton Sub 71 Battery Charger Replacement 94.5 
Track Cork to State Track 1 TLS 1 68,5 104 FY 24-25 
Track Cork to State Track 2 TLS 2 68.5 104. FY 24-25 
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STATE PH MP 97.0 — 104.6.0 


PT 


105 
PAXTON 
HARRISBURG MP HP 112.07 
Me np 112.9 meicos 104 103 102 101 100 99 98 37 
MP PT 1049 MP RY 25.50 


[ 
f NS 
f STEELTON IND TRACK 


TLS CORK TO STATE 


HARRISBURG 
104.6 


STATE 
104.6 


LH 2 IND TRACK 


Discipline Task Name Start MP Fiscal Year 
| BB Harrisburg Bridge Rehab | 104,69 | FY 23 
| Track Cork to State Track 1 TLS 1 | 685 104 | «FY 24-25 
| Track Cork to State Track 2 TLS 2 | 685 104 | FY24-25 
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AMTRAK Line Code: AM-Michigan Line PAGE: 1B 
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AMTRAK Line Code: AM-Michigan Line PAGE: 2B 
222.0- 202.0 18-NOV-20 
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AMTRAK Line Code: AM-Michigan Line PAGE: 4B 


182.0- 162.0 18-NOV-20 
Mile 
5331 5281 5415 5308 5329 5334 5334 5334 5335 5332 5338 5330 | MP 
173 172 171 170 169 168 167 166 165 164 163 162 


"cP 172" "cP 171" 


Peavine St. 
UG 179.72 
Patk St. 
Division St. 
UG 177.16 
Morton St. 
Twin Lakes St. 
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Dewey Lake St. 
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UG 164.13 
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AMTRAK Line Code: AM-Michigan Line PAGE: 5B 
162.0- 142.0 18-Nov-20 
Mile 
§333 6317 5666 4906 5108 5357 §326 6333 §322 5289 MP 
G2 161 160 158 157 156 155 54 52 51 50 149 148 147 146 45 144 143 142 


"CP 161" "CP 160" "CP 147" ; "CP TMP 142" 


N. Main St. 
Nursery St. 
UG 158.92 
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INFRASTRUCTURE 
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o 4a iv = 2 a 4 o 3 < 
* * * XK 
157.76 166.4 156.65 152.46 148.79 146.44 144.77 1404: 142.3 
F : MP MP Fiscal 
Sponsor Task Name Interlocking Start Interlocking End 


Start End Year 


Track CP 143 Diamond Install CP 143 143 
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AMTRAK Line Code: AM-Michigan Line PAGE: 6B 
142.0- 122.0 18-NOV-20 
Mile 
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AMTRAK Line Code: AM-Michigan Line PAGE: 7B 
122.0- 102.0 18-NOV-20 
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CP 99 —- CP 96 AM MP 102 - 82 


AMTRAK Line Code: AM-Michigan Line PAGE: 8B 
102.0- 82.0 18-NOV-20 
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Sponsor Task Name Interlocking Start Interlocking End bias 7 . 
Track Replace turnout at CP 99 cP 99 99 24 
Track Curve Rail 80,000' CP 99 CP 75 99 75 Ea 
Track Replace crossover at CP 96 CP 96 96 22 
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AMTRAK Line Code: AM-Michigan Line PAGE: 9B 
82.0- 62.0 18-NOV-20 


F 5321 5318 5421 5187 5531 5318 5306 5305 
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North Union St. 
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INFRASTRUCTURE 


Sandstone Creek 


ik Blackman Rd. 
i Mechanic St. 
pk US 127 Highway 


ES ed 
80.68 80.06 78.79 77.31 76.37 7FHR2 


2.78 70.57 69.76 68.57 67.74 66.49 65.35 62.91 


MP MP Fiscal 
Start End Year 


Track Curve Rail 80,000' CP 99 CP 75 99 75 aay 


Sponsor Task Name Interlocking Start Interlocking End 


Track Replace CP 78 turnout CP 78 78 D3} 
Track Install 80,000! of curve rail CP 75 CP 28 75 28 22 
Track Install 22,000 ties CP 75 CP 28 75 28 22 
Track Install 14,000 Ties CP 75 CP 28 72> 


Structures Jackson & Mechanic St Bridges Jackson 76 


a _ ae Engineering Michigan Line SOGR 5 Year Plan 


CP 56 — CP 52 AM MP 62 - 42 


AMTRAK Line Code: AM-Michigan Line PAGE: 108 


62.0- 42.0 18-NOV-20 


Mile 
y 5347 5326 5324 5316 5318 5310 5274 5319 5293 5330 5308 5310 5309 5314 5600 5032 | MP 
2 61 60 59 58 S7 56 55 54 53 52 50 49 48 47 46 45 44 43 42 
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Private 
Francisco Rd. 
Notten Rd 
Fahmer Rd. 
OH 68.03 
Private 
Pierce Rd 
UG 55.35 
Cavanaugh St. 
Hayes St. 
North Main St. 
McKinley St 
Private 
Dexter-Chelse ald. 
North Lima Center Rq 
North Dancer Rd. 
UG 47.07 
Broad St. 
Central St. 
Zeeb Rd. 
Delhi Rd 
UG 42.31 
Private 


a 
== 


INFRASTRUCTURE 


ee ee oe : Er 


8 8 8 5 z z z 
60.71 60.15 58.97 58.28 a 63.5 62.02 994 40.21 48.36 47.69 Ha 46 205.9816 .53 45.02 43.79 42.43 
Sponsor Task Name Interlocking Start Interlocking End nal : on 

Track Install 80,000! of curve rail CP 75 CP 28 15 28 2 

Track Install 22,000 ties CP 75 CP 28 75 28 22 

Track Install 14,000 Ties CP 75 CP 28 75 

Track CP 56 Turnout Install CP 56 56 

Track CP 52 Turnout Install CP 52 52 


Engineering Michigan Line SOGR 5 Year Plan 


CP 28 — CP 25 AM MP 42 - 22 


AMTRAK Line Code: AM-Michigan Line PAGE: 11B 


S 42.0- 22.0 18-NOV-20 


"CP 28" "CP 25" 


UG 39.65 
UG 39.03 
UG 38.53 
OH 38.44 
Lake Shore Dr. 
OH 37.61 
UG 37.56 
OH 37.3 
OH 36.84 
OH 36.76 
UG 36.43 
UG 36.06 
Geddes Rd. 
UG 33.89 
OH 33.52 
OH 33.25 
UG 33.14 
UG 32.76 
UG 32.46 
UG 31.71 
Superior Rd. 
UG 30.94 
LeForge Rd. 
Forrest Ave. 
N. River St. 
N. Grove St. 
OH 28.93 
OH 28.71 
OH 27.77 
UG 25.73 
Denton Rd. 
Beck Rd 
UG 23.72 
UG 22.85 
Sheldon Rd. 


UG 41.89 
W Huron River Dr. 


Contractor Steel Siding 
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[na iv iva ez eo3 hac & o Ior Pa iv iva ta 2 = 3 » 
c © = c cs 228 58e c © moe Ze ec c a2 a a ¢ = 
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5 5 Fy 5 32 geoff s8s 5 5 OX5 RS 5 5 oe 5 2 3 7 
x= = o = fz fom e325 = r Sa: “ee = = as re = = o 
* 
41,4640.82 40.53 39.65 38.06 37.36 36.9 36.39  36.695.3734.8834.48 33.6433.3 31.89 31.27 30.4429.9729.55 28.87 28.128.0227706 
é ‘ MP MP Fiscal 
Sponsor Task Name Interlocking Start Interlocking End 
Start End Year 
Structures Huron River Bridge Rehab 36.43 | 39.03 
Track Install 80,000' of curve rail CP 28 Townline 28 23 
Track Install 22,000 ties CP 28 Townline 28 23 
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CP 21—-CP 9AM MP 22-7 


PAGE: 12B 


Line Code: AM-Michigan Line 


AMTRAK 


18-NOV-20 
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11.67 


Amtrak 
Engineering 
Philadelphia to 
New York Line 
SOGR 5 Year Plan 


BCC Segments 
11: Penn Station Terminal Amtrak/LIRR/NJT 


12: Penn Station to Trenton MP. 56.7 Amtrak/NJT 
13: MP 56.7 — 58.3 Amtrak/NJT/Septa 


14: MP 58.3 — 77.2 Amtrak/Septa 
15: MP 77.2 — 82.1 Amtrak/Septa 
16: MP 82.1 — 87.7 Amtrak/Septa 
17: MP 87.7 - 30" Street Station Amtrak/Sept 


Track Chart Key 


POWELTON YARD 
21 / C= = 


SEPTA 


aw 


2 THRU FRT 


Way TRK 


YUL BAN 
iE ORI, 


NENHOO 1178 


NOISIAIGENS NOLNIY 
ixs> 


CP PARK 
QA 0.3 


CSXT Ni DESK 


Sub Division] Sponsor Task Name as Pee ce | Resource Names Turnouts/Sidings 
Philadelphia Track Girard Tunnel - 1600" 4 87.85 any TLS,Clipping Gang 

Philadelphia Track Girard Interlocking Install 87.7 | 87.7 23 SES 12XO, 21XO, W32XO0 
Philadelphia Track Mantua Interlocking Install 87.2 | 87.2 22 SES 23X0,32X0,E21 XO 
Philadelphia Track Mantua/JO Timber Replacement 87 Z192 

Philadelphia Track Lehigh to Mantua - TK 1 UNDR 1 85.45 | 87.11 Undercutter 

Philadelphia Track Lehigh to Mantua - TK 4 UNDR 4 85.45 | 87.11 Undercutter 


86 85 84 83 82 81 80 79 
LEHIGH Z3 SHORE 
85.1 e 2 82.1 
CETCE on, 222 CETC-6 
Q bed ELS 
4s 
S BRIDESBURG 
AMTRAK NYP LINE :/ 2/@ Ez eal 
= m 80.1 
(SEPTA TRENTON LINE) >, FRANK ORD 
9 2 0 thi SE 9 oOo 
© C 24f OOKW , Oop COpeti 4 
DO E PO 4E}o0 \434 
Ss a ee Se 2 
CoRw 0 © a4 ooRw 328 oci2t tee 
ee: = — 2 
: 4 a - 
- fo 1E pO | 1EDO 19 yoo vv / 
COnW 
DELAR BRANCH NORTH si fe CSAO ICT YARD 
PHILADELPHIA L prea 2% yp = 
85.0 . = (/ 
CLEARFIELD z3 ' \ 
84.5 es CSAO 
CETC-6 3 20 FRANKFORD JCT 
5 2 3 YARD eu +3 
35 
g5 8 | 2 
5 ¢ 
ed Track MP MP. | Fiscal ap 
Sub Division} Sponsor Task Name 00s Start | End Vasr Resource Names Turnouts/Sidings 
Philadelphia Track Lehigh to Mantua - TK 1 UNDR 1 85.45 | 87.11 Undercutter 
Philadelphia Track Lehigh to Mantua - TK 4 UNDR 4 85.45 | 87.11 Undercutter 
Philadelphia Track Lehigh Interlocking Install 4,1,2, | 85.1 | 85.1 SES ae Serre TEND 28ND) 
Philadelphia Track Shore to Holmes 0 Track 81.3 | 77.2 22 Z181 


72 


79 77 76 75 74 73 
HOLMES 
77.2 
CETC-6 ADA 
csao CORNWELLS 
BUSTLETON 76 TORRESDALE HEIGHTS 
ND TRK —— 74.6 72.5 
e v 
i) 9 3 oO =) 
4 434 459 CONN 
Taal 
s OO 
a aol Ves 
2 2E (00 
1 1E bo 218 
‘Os J | EE] cl 
0 log I) CORMWELLS 
Oy: HOLMESBURG 
CSAD JUNCTION 
8 i enent 77.2 
ee Track MP MP Fiscal 
Sub Division Sponsor Task Name 00S Start End Voce Resource Names 
Philadelphia C&S HITesmwitet ROUSE BIRO eee 78 22 C&S Construction 
Conversion 
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Sa” neering Philadelphia to New York SOGR 5 Year Plan 


Grundy NYP MP 71 - 65 


MV bs 
NS ML DESK 


71 70 69 68 67 66 


GRUNDY 
65.3 
CETC-7 
ADA 
EDDINGTON CROYDON BRISTOL fs] LEVITTOWN 
71.3 69.6 66.5 — ‘ 63.3 
& S B S 
—4 
—3 
—Z 
ee | 
0 
NG YARO 
CROY 
68.3 


Se Track MP MP | Fiscal - 
Sub Division | Sponsor Task Name 00s Siare |b End’ | Year Resource Names Turnouts/Sidings 


Adams Track Grundy Interlocking Install 65.3 | 65.3 De) SES 12XO, 34X0, 91XO 


Grundy Switch House Air to Electric 


Adams C&S : 
Conversion 


64.9 | 64.9 23 C&S Construction 


AMTRAK NYP LINE 
{SEPTA TRENTON LINE) 


LP 


DELAWARE RIVER 


y ¢ 58 
$22 } MORRIS ware 
os" 58.3 STATE LINE 
m/f CETC-7 


57 


56 


HAM 


OvEW 


Sy 54 53 


HAMILTON 


O1Ds =m 


2 
1 
TRAINING ‘ 
FACILITY im YARD 
TRENTON 
56.7 
ced: Track MP MP. | Fiscal As 
Sub Division} Sponsor Task Name 00S start | End | Year Resource Names Turnouts/Sidings 
Adams Track Fair Interlocking Replacement Install High 56.4 | 56.4 SES E86 
Adams Track Fair Interlocking Removal 86XO Install a 56.4 57 SES 86XO 
: ’ North ; 
Adams Track Fair Interlocking Renewal Tew 56.4 57 Contractor, Protection 
South 
Adams Track Fair Interlocking Tie Replacement High O | 56.4 22) Z192 
Track 
Adams Track Fair to Ham Concrete Tie Renewal 4 56.4 | 55.7 22 TLS 
Adams C&S ene Deere ne er lia) ean 55.4 22 C&S Construction 
Renewal 
Adams Track Ham Interlocking Install 54.8 | 54.8 23 SES 61TO, 43XO, 32XO0 
Adams Track Ham to Midway Track 4 20,000' 4 54.8 | 41.55 [2 | TLS,Clipping Gang 
Adams Track Curve Patch 54 49 22 TLS 
Project é 

Adams Clark to Ham Constant Tension Upgrade 49 20-26 Contractor 


Delivery 
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Sa ern Philadelphia to New York SOGR 5 Year Plan 


Clark — Midway NYP MP 51- 41 


5 
52 51 50 49 48 35 47 46 45 44 43 42 41 
CP CLARK s apn! 
48.7 41.3 
a PRINCETON 413 
AMTRAK JUNCTION NASSAL 
MP 47.1 unas THe 
CORREO NIT 0.0 


(NIT NORTHEAST CORRIDOR LINE} 


Sub Division Sponsor Task Name Track OOS | MP Start | MP End | Fiscal Year Resource Names 


Adams ET Clark to Ham Constant Tension Upgrade Project 1 41.3 55.7 Contractor, Protection 


Adams ET Clark to Ham Constant Tension Upgrade Project 4 41.3 55.7 Contractor, Protection 
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wae ‘Engineering Philadelphia to New York SOGR 5 Year Plan 


Adams — Edison NYP MP 40 - 28 


Se a 5 


40 39 38 37 36 35 34 33 32 
ADAMS DELCO COUNTY 
37.2 33.6 32.8 
CETC-8 CETC-8 og CEICB 
JERSEY AVE | 2 
exan 33.1 
(wr Pucallpa UNE) peu EAD Tm Oh coaoraio 
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ADAMS MW BASE 
MP 35.0 


31 


NEW 
BRUNSWICK 
314 


RARITAN 
RIVER 


30.92 


30 29 28 
EDISON 

28.1 

CETC-8 

EDISON 
28.9 

GENERAL NATIONA 

=. & 


f 


cSAO 
METUCHEN 
YARD 


Sub Track | MP | MP | Fiscal or 
Bivision Sponsor Task Name oos | start | End | Year Resource Names Turnouts/Sidings 
Adams C&S County to Lincoln 562 - Construction 32.4 | 25.5] 22 C&S Construction 
Adams | Track Edison Interlocking Install 0,1,2 | 27.4 [28.75/ aan SES 21XO, 19TO 
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Say” een Philadelphia to New York SOGR 5 Year Plan 


Lincoln — Merck NYP MP 27 - 18 


27 26 25 24 23 22 21 20 
LINCOLN MENLO ISELIN ROADS UNION 
26.0 23.7 22.8 20.6 19.7 
CcETC-3 CETC-3 CETC-3 CETC-9 CETC-3 
METRO 
METUCHEN PARK 
258 23.2 


) ay = 9 oon Bs odes 
‘i as 
1:0 ae 
2 _jatte 

joo 2s a 4 : e = 'Eko 


bo 218 
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PORT READING SECONDARY (RDG) 


Lincoln to Union 562 Construction 


19 18 


Track MP | MP | Fiscal 


Sub Division} Sponsor Task Name oos | start | End | Year 


Resource Names 


Turnouts/Sidings 


Adams Track {Curve Patch - MP 26.75 Track 2 4,000' 2 26.75 


ILS, Clipping Gang 


Adams Track |Curve Patch - MP 26.39 Track 2 1,600' 2 26.39 


TLS, Clipping Gang 


Adams Track Lincoln Interlocking Install 26 26 23 SES 34X0, 21X0, 91 XO 
Adams C&S Lincoln to Union 562 - Construction 25.5 | 19.3 23 C&S Construction 
Adams Track |Curve Patch - MP 24.69 Track 2 2,400' 2 24.69 TLS, Clipping Gang 
Adeins.. |) “aac | Se Pate A Ene ett e 22.8 | 20.5] 22 TLS 
Iselin to MP 20 
Adams Track NYD - Union to MP 22 - 1 Track 20 22 oy) TLS 


Adams C&S Union to Elmora 562 - Construction 19.3 | 14.5 24 


C&S Construction 
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—sy =e Philadelphia to New York SOGR 5 Year Plan 


Elmora — Hunter NYP MP 17-10.5 


17 16 15 14 13 12 
ELMORA LANE HAYNES 
14.7 12.3 11.3 
LINDEN CETC-9 CETC-9 CETC-9 
17.3 NORTH 


ELIZABETH ELIZABETH 
13.0 ounant sew vaRD 
12.8 


NEWARK 
AIRPORT = 
11.2 flO 


CSAO 
\ HUNTER STREE 
YARD 


Sub Division} Sponsor Task Name . Race ve a Resource Names Turnouts/Sidings 


Elmora to Union Wood Tie 
Replacement 
Elmora to Union Wood Tie 


Adams Track B 14.9 | 19.2 Z181 
Replacement 


Adams Track A 14.9 | 19.2 Z181 


Adams Track Elmora Interlocking Install 14.7 | 14.7| 23 SES W43X0, 21X0, 91TO, 54TO 


Elmora Interlocking Timber 
Replacement 


Lane Interlocking Timber 
Replacement 23, 34 XO 


Adams Track Lane Interlocking Install 2,3,4 | 11.65 |12.42 SES 23X0, 34XO 


Hunter - Lehigh Line Connection 
Install 


Adams Track 14.7 2D Z181 


Adams Track 3 12.3 2D Z181 


Adams Track 5 10.09 | 10.6 SES 65 TO 
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Sa” neering Philadelphia to New York SOGR 5 Year Plan 


Cliff to Hudson NYP MP 9.7 — 7.2 


CLIFF DOCK REA HUDSON | \ 
9.7 i 7.8 W8.3 (NY) 7.2 (JC) \ 
SEC BTD SEC BTD SECBTD \ 


Kearny to Waverly 
Transmission Tower 
Upgrade 
as Track | MP | MP | Fiscal a 
Sub Division} Sponsor Task Name oos | start | End | Year Resource Names Turnouts/Sidings 
Adams Track Dock Interlocking Install 8.5 8.5 jas SES 123 TO, 125XO, 127ATO, 127BTO 
Adams proleet Dock Fender Replacement 8.5 22-23 Contractor 
Delivery 
NYD - Curve Patch - AN Line - Track 1, 
Adams Track 2, 3,4-MP7.6-MP85 7.6 | 85 22 TLS 
Adams EOIEEt Kearney Substation 41 Replacement Td 23-24 Contractor 
Delivery 
‘Adams Project Kearny to Waverly Transmission 72 21-23 Gontraetor 
Delivery Tower Upgrade 
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Sy =n Philadelphia to New York SOGR 5 Year Plan 


Swift to Bergen NYP MP 7.2 —3.7 
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= 3 =a 
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ae Track MP MP. | Fiscal as 
Sub Division] Sponsor Task Name 00s Start | End Year Resource Names Turnouts/Sidings 
Adams Track Allied to Portal Concrete Tie 2 6 4 22 Z192 
Adams Track Allied to Portal Concrete Tie 3 6 4 2D Z192 
Adams Track Lack Interlocking Install 2 5 5.34 SES 26A TO 
Adams Track Bergen Curve, Low Rail, Track 2 3,200' 2 3.7 TLS, Clipping Gang 
Adams Track Bergen Curve, Low Rail, Track 3 3,200' 3 3.7 TLS, Clipping Gang 
‘darts Project New Hackensack Substation 42 Control 31 31-23 Cantiacor 
Delivery House 
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Penn Station NYP 
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— ie Engineering Philadelphia to New York SOGR 5 Year Plan 


Penn Station NYP 


Fiscal ; 
Task Name 'SCa! | Resource Names Task Name Track OOS Fiscal Resource Names 
Year Year 
Penn Station #37/31 Slip Replacement 23 ITN Penn Station NY Track 7 Total Track 7 DD ITN 
Replacemen 
Penn Station #63 Turnout 23 ITN Penn Station NY Track 9 Total Track 9 ITN 
, a Replacemen 
Penn Station #75 Turnout 22 ITN Penn Station NY Track 12 Total Track 2 ITN 
Penn Station #77 Turnout 22) ITN Replacemen 
Penn Station Track 6 Total Track 6 23 ITN 
Penn Station #105/121 Slip Replacemen 22 ITN Replacement 
Penn Station Track 8 Total Track eo 
Penn Station #121/125 Slip Replacemen 22 ITN Replacemen 8 23 ITN 
Penn Station #125/129 Slip Replacemen 22 ITN Penn station Track 15 Total Track 13 22 ITN 
Replacemen 
Penn Station #129/133 Slip Replacemen 2s: ITN Q Interlocking C&S Equipment Replacement [ 21-27 | Contractor 
Penn Station #135/141 Slip Replacemen 2S} ITN Spuyten Duyvil Fenders System Upgrades 22. Contractor 
Penn Station #139 Turnout 23 ITN Sunnyside Yard Frequency Converter Contractor 
Upgrade 
Penn Station #139/143 Slip Replacemen 23 ITN Sunnyside Yard Service Platform Upgrade Contractor 
Penn Station #141 Turnout ag} ITN ERT Rehab - Line 2 Rehab 2 23-24 Contractor 
Penn Station #145 Turnout 23) ITN ERT Rehab - Line 1 Rehab 1 | 25-26 | Contractor 
A Seatian NYS Gwiteh TN SUNNYSIDE YARD M&l FACILITY DESIGN & FY23 - | RWP Support, Track & ET 
enn station wite CONSTRUCTION FY27 Construction 
Penn Station NY #81 Switch 22 ITN 
Penn Station NY #119/91 ITN 
Penn Station NY #119/123 Switch ITN 
Penn Station NY #123/127 Slip Replacement TN 
Penn Station NY #127/131 Switch TN 
Penn Station NY #131/135 Switch TN 
Penn Station NY #519/525 Slip Replacement 22 TN 
Penn Station NY #549/551 Switch TN 
Penn Station NY #551/555 Switch TN 
Penn Station NY #635 Switch TN 
Penn Station NY Scada Phase II aD) Contractor 


Amtrak 
Engineering 
New Haven to 
Boston Line 


SOGR Year Plan 
NHB Line MP 72.3 — 228.7 


BCC Segments 

1: MP 228.7 — 190.8 Amtrak/MBTA 
2: MP 190.8 — 185.1 Amtrak/MBTA 
3: MP: 185.1 — 165.9 Amtrak/RIDOT 
4: MP 165.9 — 122.9 Amtrak 

5: MP 122.9 — 72.3 Amtrak/SLE 


Track Chart Key 


FY 21 FY 22 FY 23 FY 24 FY 25+ 
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BRANFORD PINE ORCHARD 


815 
SHORE LINE TD 


82.8 83.1 
SHORE LINETD SHORE UNE TO 


BRANFORD BRANFORD 
SLs eon 


2 
(562A) 


Sub Track | MP] MP} Fiscal 7 
Division Sponsor Task Name oos | Start) End| Year Resource Names Turnouts/Sidings 
New _ : : 
rack Rail Replacement - 24 Strings 74 | 76 22 NED Track-East 
Haven 
New = : ¢ ‘ 
Haven rack Shoreline Junction Interlocking Install 74.87 NED Track West 51TO 
Midway Track Branford Station Tk 2 Panel Replacement 2 81.4 | 81.4 NED Track Prod. 
Midway Track Branford Station Tk 1 Panel Replacement 1 81.4 | 81.4 NED Track Prod. 
Midway Track Orchard to Brook TK 1 TLS 1 83.18]103.6 TLS 
Midway Track Orchard to Meadow TK 2 UNDR 2 85.5 | 85.8 23 | Spot Undercutting 
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88 89 
MEADOW _ TRIEBEL 


88.4 89.2 
SHORE LINE TD SHORE UNE TD. 
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GUILFORD 
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en ee Ge 
MADISON HAMMONASSE 7 / CuUNTON CLINTON 


“ 2 Soma 
“ 92.8 ape 96.8 


aa Track MP MP | Fiscal 
Sub Division Sponsor Task Name 00S Stare | Ena’| “Year Resource Names 
Midway Track Orchard to Brook TK 1 TLS 1 83.18 | 103.6 TLS 
Midway Track Orchard to Meadow TK 2 UNDR 2 85.5 | 85.8 23 Undercutting 
Midway Track Triebel to Guilford TK 2 UNDR 2 89.4} 89.6 23 Undercutting 
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SHORE LINE TD 
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BROOK 
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98 99 100 101 


OLD SAYBROOK 
105.1 


Prin Sponsor Task Name pon pie “i A coi Resource Names Turnouts/Sidings 
Midway Track Orchard to Brook TK 1 TLS 1 83.18]103.6 TLS 
Midway Track Fitter Interlocking Track 1 Shift 1 98.1] 98.1] 23 NED Track Prod 
Midway Track Fitter (Clinton, CT) Interlocking Install 98.1] 98.1] 23 SES 21 8B XO, 12 AXO 
Midway Track Fitter Interlocking Track 2 Shift 2 98.1] 98.1] 23 NED Track Prod 
Midway Track Brook to Guilford TK 1 UNDR 1 103.6] 90.8} 23 Undercutting 
Midway Track Saybrook to Brook TK 1 UNDR 1 104.7/103.6) 23 Undercutting 


107 108 
CONN 


106.8 
SHORE LINE TO 
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111 112 113 


AMTRAK NHB / SHORE LINE 


{CDOT SHORE LINE EAST) 
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115 116 117 118 
CRESCENT NAN 
115.0 116.7 
(S41. 900-81) (8.1. 900-83) 


ee Track MP MP | Fiscal 

Sub Division Sponsor Task Name 00S Start} End| Year Resource Names 
Midway BB CT 106.89 Bridge Timber Replacement 1 | 106.9 | 106.9 22 NED BB Prod. 
Midway Track Conn to Nan Tk 2 TLS 2 | 106.95] 116.6 TLS 
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{s2.900-83} 
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Sub Division] Sponsor Task Name se oe bee aes Resource Names 
Midway New Veltri (Mystic, CT) Interlocking Install 123.6] 143.1} 23 SES 
Midway Track Groton to Palmers Cove TK 1 TLS 1 | 124.58] 128.1 TLS 
Midway Track Groton to Palmers Cove TK 2 TLS 2 | 124.58} 128.1 TLS 
Midway BB CT 127.22 Ballast Deck Conversion 4 127.2| 127.2 |e NED BB Prod. 
Midway BB CT 127.40 Ballast Deck Conversion 4 127.4) 127.4} 22 NED BB Prod. 
Midway Track Palmers Cove to Mystic River TK 1 TLS 1 | 128.15] 131.8 TLS 
Midway Track Palmers Cove to Mystic River TK 2 TLS 2 | 128.15] 131.8 TLS 
Midway Track Mystic River to High ST TK 1 TLS 1 | 132.11) 142.7 TLS 
Midway Track Mystic River to High ST TK 2 TLS 2 | 132.11] 142.7 TLS 
Midway Track Latimer Point Road Grade Crossing 2 133.4] 133.4] 23 NED Track West 
Midway Track Latimer Point Road Grade Crossing 1 133.4] 133.4] 23 NED Track West 
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Sub Division Sponsor Task Name yes ae ba : iis Resource Names 
Midway Track Mystic River to High ST TK 1 TLS 1 132.11] 142.7 TLS 
Midway Track Mystic River to High ST TK 2 TLS 2 132.11] 142.7 TLS 
Midway Track High ST to Liberty TK 1 TLS 1 143.12 | 157.2 24 TLS 
Midway Construction RI 146.39 Bridge Replacement 1 146.4 | 146.4 Ds) Contractor 
Midway Construction RI 146.39 Bridge Replacement 2 146.4 | 146.4 23} Contractor 
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KINGSTON 
158.1 


a Sponsor Task Name ics ps Hi f (tes Resource Names Turnouts/Sidings 
Midway Track High ST to Liberty TK 1 TLS A 143.12}157.2| 24 TLS 
Midway BB RI 153.93 Ballast Deck Conversion 1 153.9]153.9] 22 NED BB Prod. 
Midway BB RI 153.93 Ballast Deck Conversion 2 153.9]153.9} 22 NED BB Prod. 
Midway Track Liberty to Kingston TK 1 TLS 1 157.2] 159 | 24 TLS 
Providence Kingston Interlocking Install 158.5] 159 | 23 SES 12XO, 21XO 
Providence] Track Kingston to Davisville TK 1 TLS 1 159.01] eral a8 | TLS 
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Sub Track MP | MP} Fiscal oe 
Division Sponsor Task Name oos | Start! End| Year Resource Names Turnouts/Sidings 

Providence] Track Kingston to Davisville TK 1 TLS 1 4159.01 TLS 

Providence} Track Davisville to Packard TK 1 TLS 1 = |167.79174.9 TLS 

Providence} Track Davisville Interlocking Install 167.8|168.3) 23 SES 12XO, 21XO 
Providence} Track Packard to Atwells TK 1 TLS 1 175.13} TLS 

Providence} Track Rail Replacement - 3 Strings 1&2 | 173 | 174] 22 NED Track-East 

Providence] Track Rail Replacement - 3 Strings 1&2 | 174 | 175] 22 NED Track-East 
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mainne TD ante une ro manne To racy 

Orca Sponsor Task Name ee Piles Mi ae Resource Names Turnouts/Sidings 
Providence} Track Packard to Atwells TK 1 TLS 1 175.13}184.1 TLS 
Providence] Track Cranston Interlocking Install 180.6 24 MED Uae eRae 12XO 
Providence} Track Cranston Interlocking Install 181.2 eal NED Track-East 42TO 
Providence] Track Rail Replacement - 4 Strings 1,2,3 | 182 | 182} 22 NED Track-East 
Providence] Track Orms Interlocking Install 185.36) | 2 | NED Track-East 21XO 
Providence} Track Orms Interlocking Install 185.4] 186} 22 NED Track-East 12B, 12A 
Providence] Track Rail Replacement - 4 Strings 1, 2, 3,5)185.8/185.8] 22 NED Track-East 
Providence] Track Rail Replacement - 4 Strings 1&2 |186.1/186.1} 22 NED Track-East 
Providence} Track New Pawtucket Station Track 7 Shift 7 188.9 |189.3 NED Track-East 
Providence} Track New Pawtucket Station Track 7 Shift 7 188.9 }189.3 NED Track-East 
Providence} Track New Pawtucket Station Track 7 Shift 7 188.9 |189.3 NED Track-East 
Providence} Track New Pawtucket Station Track 7 Shift 7 188.9 |189.3 NED Track-East 
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Sub Fiscal nee 
sae Sponsor Task Name Resource Names Turnouts/Sidings 
Division Year 
Providence] Track Hebronville Interlocking Install 23 SES 24TO 
Providence] Track Hebronville to Forest Tk 1 TLS 23 TLS 
Providence} Track Hebronville to Forest Tk 2 TLS 23 TLS 
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Sub Track MP | MP| Fiscal as 
Division Sponsor Task Name oos | start! End! Year Resource Names Turnouts/Sidings 
Providence] Track Hebronville to Forest Tk 1 TLS 1 193.68) 223.4) 23 TLS 
Providence] Track Hebronville to Forest Tk 2 TLS 2 193.68) 223.4) 23 TLS 
Boston Track Rail Replacement - 4 Strings 1&2 | 213 22 NED Track-East 
Providence] Track Transfer Interlocking Install 218.2 }219.2} 22 NED Track West 26A 
Boston Track Transfer Interlocking Install 7 218.5 NED Track-East 13TO 
BBeien Track Track 3 Extension between Transfer & Junction 3 318.2 NED Track-East 
Interlocking 
Boston Track Read Interlocking Install 219.4 NED Track-East 53B, 53A 
Boston Track Read Interlocking Install 219.44 NED Track-East 95 TO 
Boston Track Forest Interlocking Install 224.3 NED Track-East 13X0 


COVE 


228.0 
TERMINAL TD 


TOWER 1 


228.5 
TERMINAL TD 


oy 
$32 


site amas = ‘ON 
SS ere SOUTH STATION 
(261A) cw 894A 228.7 
—2 | --------: 
(261A) | ==) 98. af \so O03 
BACK BAY TU 4 
RUGGLES ST BACK BAY 1092 HE 9:08 1010 
2265 SS a i - 
~ 2 10118 OO1ls 
Foo: hax hat Ta 
19214 is = 
Ss 
Vite 48 
Pol 2S 
RZ 
5 
8g 
st 
: a 2 
£28 
Be) Ssi5n 
s s esg° 
LoS S 823 g 
§ Sz 
4 22 
2 4 
y 
Sub MP | Fiscal ik 
Division Sponsor Task Name End| Year Resource Names Turnouts/Sidings 
Boston Track Cove Interlocking 1000' Rail 228.4) 23 NED Track-East 
Replacement 
Boston Track South Bay Interlocking Install 24 21X0 
Boston Borsviyeven Hines Development Overbuild 228.7 NED Track-East 
Boston eonenetel Hines Development Overbuild 228.7 NED Track-East 
Boston CORSE MeHen Hines Development Overbuild 228.7 NED Track-East 
Boston Track Tower 1 Interlocking Installs 228.5} TBD TBD ALL 
Boston Track Cove Interlocking Installs 228 | TBD TBD ALL 
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